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2 9 JUL 1979 


MEMORANDUM FOR; Deputy Director for Support 


SUBJECT : Arlington Towers - Caruthers Building 

REFERENCE ; Memo dtd 11 Mar 70 to DD/S fm D/L, 

Subject: Arlington Towers - Language 
Training School 


1 . This memorandum Is for your Information only . 

2. The reference states that the acquisition of the Caruthers Building space 
would permit occupancy by 1 August 1970. Due to delays in the administrative pro- 
cedures within the General Services Administration, the lease for the Caruthers space 
will not be signed uxail approximately 15 August 1970. .Baaed on the proposal by 
Caruthers, the space will be available for occupancy 90 days after leasing, permitting 
occupancy approximately 1 December 1970. 


5. The General Services Administration has received a time extension until 
15 August 1970 from Caruthers on the option to rent the four floors. Leasing personnel 
from Region 3, General Services Administration, have stated they will complete the 
leafing arrangements by this date. The General Services Administration has also re- 
ceived an extension for the use of the Arlington Towers space for up to 6 months. This 
extension may be terminated by the Government on 30 days notice. 


25X1 A9A 


Acting Director of Logistics 


cc: D/TR 
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